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BILL NO. S-76-12- 


SPECIAL ORDINANCE NO. S- 

AN ORDINANCE approving a contract with 
Continental C6nstruction Co. for mat¬ 
erials for Board of Public Works. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF 
FORT WAYNE, INDIANA: 

SECTION 1. That the contract dated December 2, 1976, 

between the City of Fort Wayne, by and through its Mayor and the 

Board of Public Works and Continental Construction Co., for: 

Invitational Bid for the completion of work on 
Weisser Park sidewalk and curb project. Resolution 
5694-1975 for which contract to Mack Conrad, Inc. 
was declared in default. 

TOTAL: $6,009.15 

all as more particularly set forth on Civil City Purchase Order 
No. 3-34472, which is on file in the Office of the Department 
of Purchasing and is by reference incorporated herein, made a 
part hereof and is hereby in all things ratified, confirmed and 
approved. 


SECTION 2. This Ordinance shall be in full force 
and effect from and after its passage and approval by the Mayor. 

Councilman 









Read the first time in full and on motion by - , seconded by 

_ > _> & nd duly adopted, read the second time by title and referred 

to the Committee on (asuj_tlia-JCAty^ siQ n for 

recommendation; and Public Hearing to be~held aHer-~-due legal-notice, at the Council 
Chambers7~City-County Building, Fort^WayneT^hdian'Sy- 


DATE: 


1: _ZA^L7^ 


-okjleek P.M. .E.S.T. 


CITY CLERK 

Read the third time in full and on motion by ' _ 

seconded by , _, and duly adopted, placed on its passage. 

PASSED fd^jg&T) by the following vote: 


TOTAL VOTES 

AYES 

rfl 

BURNS 


HINGA 

3 

HUNTER 

3 

MOSES 

3 

NUCKOLS *3^ 

SCHMIDT, D. 

SCHIMDT, V. ^ , 

STIER 

<3 

TALARICO 

y 


ABSTAINED 


~2n 


73 


DATE: /2 7 C 

CITY CLERK 

Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, 

as (ZONING-^ABW ["GENEKAL; - CTOSTSlxSTlDN) f SPECIAL) C APP ROPRIATIO N) 

ORDINANCE atijirU-TION) No. ^3 3/ "'•^^on the day of 222^3 t 1976. 

f SEAL) 




Kfffr , V RESIDING OFFICER 

, SW , * IS 

, • • V\»v • y 

Presented by* me to the Mayor of the City of Fort Wayne, Indiana, on the 

3^3' l> * -—• 

day of . _, 1976, at the/ hour of //'^^o ' clock // M . ,E.S.T. 


Approved and signed by me this 




































































































Bill No. S-76-12-17 . 

REPORT OF THE COMMITTEE ON PUBLIC WORKS 

We, your Committee on Public Works __ to whom was referred an Ordinance 

approving a contract with Continental 'Construction Cn. fnr materials for 

Board of Public Works 


have had said Ordinance under consideration and beg 

Council that said Ordinance wfo PASS. 

; leave to ..report back to the Common 

Winfield C. Moses, Jr. - Chairman 


Donald J. Schmidt - Vice-Chairman 



Vivian G. Schmidt 



Paul M. Bums 

_ Ce, 


- William T. Hinga 
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~AwW 7~s? r? 0/(Js<>A^ ^?/&> 

ANALYSIS SHEET * rF|CE 0F C|T 


/ ' CONTRACTORS 

Z' 

<?* 

Cbtf&T&oc. r/o^J 

V<£ r/S-ft/Ury C7^ 

CD/1//.E-/ 

8A/(ZO/?f^ . li 


STREETS ALLEYS—SIDEWALKS 

OUAN UNIT MATERIAL 


UNIT 

BID 

TOTAL 

BID 

UNIT 

BID 

TOTAL 

BID 

UNIT 
BID . 

TOTAL 

BID 

UNIT 

BID 

77S 

z/^- 

(p V ac A) 

/, ^ 

2 Si-233 


2,778X 


3.2?3,7J7 


^037,42- 



/ 

Xr> p/-*C<2. 










770 

7or0 

~7of>So//C 

/p,?J3 



7/0, 2£ 


/./ JW 


Zoo.iZ- 


7773 

Sc$,"IO> 

/>7uLcp, l^kanz/iX 

ZL,SQ 

' 

3 b'fS'.i 2 

/ £52 

77-78. 

/gg 

/^zfrgg- 

Z,°83 

OZlSZ/S- 




dMul §miaa£&. ibu^g. 



/,.?> 
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^,£E 
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THE CITY OF FORT WAYNE 

engineering department 

7th floor, city-county building 

one main street, fort wayne, indiana 46802 


INVITATIONAL BID 


John Dehner, Incorporated 
P. 0. Box 1346 
1206 Clark Street 
Fort Wayne, Indiana 46801 

L. W. Dailey, Incorporated 
1034 Oakland 

Fort Wayne, Indiana 46808 

Brooks Construction Company, Inc. 

1123 Barthold Street 

Fort Wayne, Indiana 46808 

Hipskind Asphalt Corporation 
6525 Ardmore Avenue 
P. 0. Box 2858 
Fort Wayne, Indiana 46801 


Rieth-Riley Construction Co. 
2511 North County Line Road 
Hunter town, Indiana 46748 

Ned Keener Construction Co. 
1128 E. Cook Rd. 

Fort Wayne, Indiana 46825 

Carrington & Associates 
5720 Huguenard Rd. 

Fort Wayne, Indiana 468o8 

A. Grosjean & Son 
4909 Hursh Road 
Fort Wayne, Indiana 


Continental Construction 
Box 311, R. R. #1 
Grabill, Indiana 46741 

Gentlemen: 

Please submit unit cost and total for the work described as follows: 


WEISSER PARK - From Creighton Ave. to Buchanan Street 
Partial Restoration of Curb - North End 
Complete " " Park Strip 

Partial " " Yard Walks 


Totals 

475 L/F - Concrete Curb (6" x 20") In place 
140 Ton - Topsoil 

1,478 Sq. Yd. Mulch, Seeding 8s Fertilizer 
648 Sq. Ft. - Concrete Walk (4") Yard Walk 
(In place) 




RIETH-RiLEY CONSTRUCTION CO., INC. 
2511 N. Couniy Line Road 
Huntertovvn, Indiana 46748 






Total Cost 

U 7 .Q. 00 

I U^o. 00 




AN EQUAL OPPORTUNITY EMPLOYER 




















THE CITY OF FORT WAYNE 

engineering department 

7th floor, city-county building 

one main street, fort wayne, indiana 46302 


INVITATIONAL BID 


John Dehner, Incorporated 
P. 0. Box 1346 
1206 Clark Street 
Fort Wayne, Indiana 46801 

L. W. Dailey, Incorporated 
1034 Oakland 

Fort Wayne, Indiana 46808 

Brooks Construction Company, Inc. 

1123 Barthold Street 

Fort Wayne, Indiana 46808 

Hipskind-Asphalt Corporation 
6525 Ardmore Avenue 
P. 0. Box 2858 
Fort Wayne, Indiana 46801 

Continental Construction 
Box 311, R. R. #1 
Grabill, Indiana 46741 


Rieth-Riley Construction Co. 
25 II North County Line Road 
Huntertown, Indiana 46748 

Ned Keener Construction Co. 
1128 E. Cook Rd. 

Fort Wayne, Indiana 46825 

Carrington & Associates 
5720 Huguenard Rd. 

Fort .Wayne, Indiana 46808 

A. Grosjean & Son 
4909 Hursh Road 
Fort Wayne, Indiana 


Gentlemen: 


Please submit unit cost and total for the work described as follows: 


WEISSER PARK - From Creighton Ave. to Buchanan Street 
Partial Restoration of Curb - North End 
Complete " " Park Strip 

Partial " " Yard Walks 


Totals Unit Cost 

475 L/F - Concrete Curb ( 6 " x 20") In place 5.85 

140 Ton - Topsoil 6.$0 _ 

1,478 Sq. Yd. Mulch, Seeding & Fertilizer 1*0°, 

648 Sq. Ft. - Concrete Walk (4") Yard Walk 

(In place) 1*30 

Total 


Total Cost 

2,778.75 

910.00 

1 , 478.00 

842.40 

6 , 009-15 


CONTINENTAL CONST. CO.,INC. 



AN EQUAL OPPORTUNITY EMPLOYER 


















THE CITY OF FORT. WAYNE 

engineering department 

7th floor, city-county building 

one main street, fort wayne, Indiana 46802 


IWVITATIOWAL BID 


John Dehner, Incorporated 
P. 0. Box 1346 
1206 Clark Street 
Fort Wayne, Indiana 46801 


L. W. Dailey, Incorporated 
1034 Oakland 

Fort Wayne, Indiana 46808 



Brooks ConstructionCompany, Inc. 

1123 Barthold Street 

Fort Wayne, Indiana 46808 


Kipskind Asphalt Corporation 
6525 Ardmore Avenue 
P. 0. Box 2858 
Fort Wayne, Indiana 46801 


Rieth-Riley Construction Co. 
2511 Worth County Line Road 
Huntertown, Indiana 46748 

Wed Keener Construction Co. 
1128 E. Cook Rd. 

Fort Wayne, Indiana 46825 

Carrington & Associates 
5720 Huguenard Rd. 

Fori Wayne, Indiana 46808 

A. Grosjean & Son 
4909 Hursh Road 
Fort Wayne, Indiana 


Continental Construction 
Box 311, B. R. #1 
Grabill, Indiana 46741 

Gentlemen: 

Please submit unit cost and total for the work described as follows: 


WEISSER PARK - From Creighton Ave. to Buchanan Street 
Partial Restoration of Curb - Worth End 
Complete ” " Park Strip 

Partial " " Yard Walks 


Totals 

475 L/F - Concrete Curb ( 6 " x 20") In place 
140 Ton - Topsoil 

1,478 Sq. Yd. Mulch, Seeding & Fertilizer 
648 Sq. Ft. - Concrete Walk (4") Yard Walk 
(In place) - 


Unit Cost 








Total 


Total Cost 

Tos.ca 

;.laag^cs> 




AN I QUAL OPPORTUNITY I'MPl OYI R 
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jtfi£ OF ORDINANCE SPECIAL ORDINANCE - Civil City Purchase Order 34472 _ 

DEPARTMENT REQUESTING ORDINANCE board of public works _ 

SYNOPSIS OF ORDINANCE Civil city Purchase Order 34472 to Continental Construction 
Company in amount of $6,009.15 provides for completion of Sidewalk and Curb 

Improvement Resolution 5694-1975 and on which the contract awarded to Conrad 

Construction, Inc, was declared in default. 

Conrad Construction, Inc, failed to complete the project and the work they did 

do was not to the satisfaction of the Engineering Department. 

The Board of Works attempted to contact his bonding company and were informed his 

bond is fraudulent. This situation has been turned over to the City Attorney 

and the Police Department. 

Because it irs imperative this work be completed. Invitational Bids were taken in 

the Street Engineering Department and award is made to the lowest of three bids 

received. —--- 

l; (SEE ATTACHED TABULATION AND BIDS) 

EFFECT OF PASSAGE Allow for completion of unfinished project ___ 


EFFECT OF NON-PASSAGE Failure of City to complete contracted project 


MONEY INVOLVED (Direct costs. Expenditures, Savings) , cost to Boar d of 

amount of $$6,009.15.' . 


ASSIGNED TO COMMITTEE . 













































